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Message Text 


UNCLASSIFIED 

PAGE 01 NOUAKC 02039 240933Z 

10 

ACTION FBOE-OO 

INFO OCT-01 AF-08 SY-05 ISO-OO /014W 

101597 

R 232100Z AUG 76 
FM AMEMBASSY NOUAKCHOTT 
TO SECSTATE WAHSDC 6206 
INFO AMEMBASSY ABIDJAN 
AMEMBASSY DAKAR 

UNCLAS NOUAKCHOTT 2039 

DEPT FOR FBO AND AF/EX 

ABIDJAN FOR RSO AND RBFO 

DAKAR FOR FBO JAMES KARR 

E.O. 11652: N/A 
TAGS: ABLD, ASEC AFSP 

SUBJECT: NEW EAST PERIMETER WALL FOR EMBASSY COMPOUND 
REF: STATE 203291 (NOTAL) 

1 . FOR USE IN DEPARTMENT'S PLANNING ONLY, LISTED BELOW 

IS FIRST ESTIMATE RECEIVED FOR THE PROPOSED CONSTRUCTION 
OF THE EAST WALL S THE EMBASSY COMPOUND. IT IS EMPHASIZED 
THAT THIS IS NOT A FINAL PRICE SINCE OTHER ESTIMATES HAVE TO 
BE OBTAINED. 

2. THREE OPTIONS WERE REQUESTED AND THE PRICES ARE AS 
FOLLOWS: 

(A) OPTION 1: WALL 3 METERS HIGH 
(1,554, 938UM) $34,748 

(B) OPTION 2: WALL 3 METERS HGIH WITH 40 CM OF DECORATIVE GRILL 
ON TOP OF WALL 

(1,638,938 UM) $37,860 

(C) OPTION 3: WALL 3.40 METERS HIGH 
(1,638,938 UM) $36,625 
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EXCHANGE RATE USED-44.75 UM EQUALS $1 

3. CONTRACTOR ADVISES THAT CEMENT PRICE HAS DOUBLED IN 
THE LAST FOUR MONTHS (TO APPROXIMATELY 6,000 UM ($134) A 
METRIC TON), WHEN IT IS AVAILABLE IN NOUAKCHOTT. THE 

USUAL SOURCE (DAKAR) IS NO LONGER USED ASMOST OF THE CEMENT 
IS NOW BROUGHT IN TO NOUAKCHOTT WHARF FROM THE 
CANARY ISLANDS. HE ALSO SAID THE PRICE OF REINFORCING 
STEEL COSTS APPROXIMATELY 37,000 UM (827)) A METRIC 
TON. 

4. OTHER PRICE QUOTATIONS ARE BEING SOLICITED. 

HANDYSIDE 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 23 AUG 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976NOUAKC02039 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760322-1139 
From: NOUAKCHOTT 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760829/aaaaayrw.tel 

Line Count: 75 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 76 STATE 203291 
Review Action: RELEASED, APPROVED 
Review Authority: morandr 
Review Comment: n/a 
Review Content Flags: 

Review Date: 19 FEB 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <19 FEB 2004 by ReddocGW>; APPROVED <27 JAN 2005 by morandr> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: NEW EAST PERIMETER WALL FOR EMBASSY COMPOUND 
TAGS: ABLD, ASEC, AFSP 
To: STATE 
Type: TE 
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